Approved For^glease 2003/04/02 : CIA-RDP79M0046?X0002001 30003- 


1 8 MAR 


MEMORANDUM FOR 
THROUGH 
SUBJECT 
REFERENCE 


Director of Logistics 

Chief, Logistics Services Division, OL 

Refinishing Wood Paneling in the DCI and DDCI Offices 

Memo dtd 5 March 76 to DDA fr D/L; Subject: Paneling 
For DCI 's Office 


1. Representatives of the Edward W. Mints Company (Messrs. Robert 

James Sodeman ) have inspected the paneling in the DCI and 
DDCI offices. They feel confident that the wood panels can be restored 
to an even color by stripping, bleaching, staining, and revarnishing. 
Alternately, the existing wood could be covered with thin veneers of 
Flexwood"and varnished, but at a slightly higher cost. Either method 
would require the same performance time. Copies of the Minte Co. pro- 
posals are attached for your reference (Atts 1 and 2). 

2. in a subsequent telephone conversation, Mr. Heller has agreed 
that, given 2 weeks’ leadtime, he could schedule three (3) finishers to 
the job and reduce quoted performance time by about one-half week per 
room. He would not be able to schedule two crews to work the rooms 
simultaneously due to a scarcity of expert workmen. In addition, he 
would inspect the carpenter repairs for acceptability and would prepare 
color samples for approval prior to starting the refinishing. Daytime 
work hours are much preferred, because color control of bleaching and 
staining is more reliable in natural light. 


3. Because the "FI exwood" alternative does not offer an advantage 
in either time or money, I recommend refinishing the existing panels and 
urge the selection of daytime work hours to speed up the work and 
facilitate a quality performance. Night work to allow daily use of the 
office will slow up the project due to nightly cleanup time and probably 
^ sorne P ain t" odors during the day. The total cost of 
both offices done in daytime hours would be $8,400 and could be accom- 
plished in 4 weeks' time including necessary carpenter repairs if an 
uninterrupted schedule is allowed. 


OL 6 10,044 
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4. If the project is authorized, the selection of refinished 
color for the panels could be coordinated with the choices of new carpet 
and furniture to be made during a visit by Mr. Brock Arms on 29 and 30 
March 1976. 

STATOTHR 

Architectural Design Staff/LSD/OL 

Atts: (2) 
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EDWARD W MINTE CO., Inc. 

PAINTING -DECORATING 



1908 BLADENSBURG ROAD, N.E. 
WASHINGTON, D, C. 20002 

202 832-8000 

MaJich 10, 1976 


^U^J^~TogZsiibs~SeAMb^ 

Room 3E30 , Hdqtns. Viv. 

C.x.A. 

Washington, VC 20505 

« ... . . 

Re.: Vinectjons Ojf&tce 

Gentlemen: w 

We one pleas ed to submit to you. ovji estimate ion the above 
o{{ice as outlined and descAibed below: 

Refinishing o f Existing Wood 

We propose to stnip, bleach, stain and vannisk the fallowing 
suAfaces of the above mentioned Acorn : daoAS, bucks, ceilcng moulding , 
bookcase^ wood wall panels and divider strips between panels on a 
straight tone basis {oa the Stan of $4,940. 00 [Foust thousand nine 
hundaed floaty dollars ). 

I <5 the above estimate is done othen than during normal working 
houns[7:00AM-3:30PM) please disAzgaAd the above in lieu of which we 
submit the sum of $6, $40.00 [Six thousand eight hundred foAty dollars). 

Note: The above estimate is based on youA caApenteAS AepaiAing wanped 
paneling, loose edges and the laminated dooA {names pAioA to 
ouA commencing wo> ik. 

ELEXWOOD 

We propose to pAopeAly paepafie, supply and install f lexwood 
on the f ollowing suAfaces of the above mentioned worn: dooAS, bucks, 
ceiling moulding , bookcase, wood wall panels and divideA stnips between, 
panels on a straight time basis {on the sum of $5, 71 0.00 [hive thousand 
seven hundaed ten dollars). 


Approved For Release 2003/04/02 : CIA-RDP79M00467A0002001 30003-3 





{ X .// */ 0.9/7 



Approved For please 2003/04/02 : CIA-RDP79M0046fX0002001 30003-3 


Page. 2 


tot. Viekran Vartanian 


March 10, 


FLEXWOOt) [Continued] 

U the. a/ormentioned estimate Is performed other. than normal 
uoM. 4 hoMi\l>00m-3=3 CTM) 

4um oi $7, $70.00 (Seven thousand eight hundred ten doWxnsl. 

Notz: The. above estimate Is based on ilexoood material costing $1.50 
pen. square loot. 

The above estimate Is based on your c arpenters 

paneling , loose edges , and laminated door frames prior to our 

commencing wo> tk. 


The above estimates will required 2 men & 0 * approximately 2 1/2 
to three weeks to complete the above projects. 


Very truly yours , 

EDWARD W. MIMTE CO. IWC. 



V 

R. A. KELLER, SR. 
Vice President 


RAH/bcw 
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EDWARD W MiNTE CO., Inc. 

PAINTING- DEGORAT1NG 



1908 BLADENSBURG ROAD, N.E. 
WASHINGTON, D. C. 20002 

202 832-6000 

Match 10 , 1976 


ChLe.fi, Logistics Senvlces 
Room 3E30, UdqtAS. Vis). 

C.I.A. 

Washington, VC 20505 
% 

Re: General's Ofifiiee 

Gentlemen: * 

We ojte pleased to submit to you ouA estimate fioA the above 
mentioned ofifiiee as outlined and described below: 

Refiinishing ofi Existing Wood 

We propose to stnip, bleach, stain and varnish the fiollowing 
suAfiaces ofi the above mentioned ofifiiee •* doohs, bucks, ceiling 
moulding, wood wall panels, dvidoi strips between panels on a 
straight time basis fion the sum ofi $3,460. 00 [Thaee thousand fiauf i 
hundjied sixty dollars ) . 

Ifi the above estimate is done otheA than nonmal working houns 
(7:00AM-3:30PM) please disAegand the above in lieu ofi which we 
submit the sum ofi $4,990.00 {Foua thousand nine hundred ninety 
dolloAS }. 

Note: The above estimate is based on you) i caApentens AepaiAing 
waAped paneling, loose edges and the laminated dooA fifiames 
pnioA to oua commencing woAk. 

ELEXWOOV 

We propose to pAopeAly pAepaAe, supply and install filexwood on 
the fiollowing suAfiaces ofi the above mentioned ofifiiee: dooAS, bucks, 
ceiling moulding, wood wall panels, divideA stxips between panels on 
a stAaight time basis fioA the sum ofi $4,245.00 [Foun thousand two 
hundAed fioAty fiive dollaAS ) . 
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f.k. Vidvum VaAt anion 


MaAc.fi 10, 1976 


FLEXltiQOV [continued] • 

T i the, alonementioned estimate. it pe/^omed othefi than no mat 

mnkL i^houA (7 = 00-3:00) diimaadln LLm & 

Mm o^ $5, 880.00 [P. ive thousand (ught hunched eighty doZZate). 

Not&: Theabove e&timate Is bated on lluwood material catting $1.50 
pen tquaAe &oot. 

The. above, estimate it bated on you*. caApenteM Aepa/Aing waApccf 
paneling, loote edge*, and laminated dooA irnnu pAtoA to ova 

commencing vooAk. 

* 

T(te above, utimate mUZ «?aUe 2 men {o* appiwuinately 2 meki 
to complete the above projects. 


Vetuy tmly yount, 

EWARD W. MINTE CO. INC. 



R. A. HELLER, SR. 
Vice President 


RAH/bcw 
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S March 1976 


MEMORANDUM FOR: Deputy Director for Administration, 
FROM 


: Michael J. Kalanick 
Director of Logistics 


SUBJECT : Paneling for DCI's Office 

Jack: 


1. In response to an inquiry from the DCI E s office, 
we have had the General Services Administration's paint shop 
foreman look at the paneling in tho Director's office to see 
if he could, in some way, darken the current paneling, fho 
foreman advises me that the paneling would be very difficult,, 
if not impossible, to treat, bleach, and darken wi.lhany 
satisfactory results or consistency. He reminds me that over 
the years there have been modifications made by the occupants 
of those offices and, therefore, all the paneling is not the 
same* This has a great deal to do with the conclusion that 
it would bo extremely difficult to accomplish that which the 
Director would like to see done. 


2 . | | lias suggested that we get a second ^ 

opinion on this and invite, free of charge, one or two outside 
consultants in to look at the situation and give us their 
opinion. In the event they agree with GSA s conclusion, I 
would recommend that we remove the existing paneling and re- 
place it with other paneling that would bo acceptable to the 

Director. 


3. Logistics Services Division estimates that it will 
cost in the neighborhood of $12,500, on an overtime basis, to 
replace the paneling and would take approximately 10 days to 

complete. 


4. To repanel the DDCI's office, the cost would be ap~ 
proxiriately $9,800, on an overtime basis, and take approximately 
7 days to complete. . If the DDCI's office were repaneled in 
conjunction with the DCI’s office, with additional crew, both 
rooms could be completed in approximately 10 days, fhe costs 
would remain the same. 


Distribution: - 

Orig - Adse 
1 - C/LSD 
1 - OL Official 
1 - D/L Chrono 
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STATOTHR 
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